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3. ESTIMATE ONE COULD BE COMPLETED IN FIVE UEEKS FROM APPROVAL* 
ESTIMATE TWO APPROX TWELVE TO FOURTEEN WEEKS. 


A. REQUEST APPROVAL THIS WEEK IN ORDER TO PHASE INTO OPERATION. 
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